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DE-032-64 

Contract No. GA-1853 
Amendment No . 6 

25 August 1964 


25X1A 


Gentlemen: 

1. Contract No. GA-1853 is hereby extended from 1 July 1964 to 
3 1 December 1964. 

2. The Contract is hereby amended as follows: 


PART II - DELIVERY 

Contractor shall accomplish the work and make delivery to the G^ernment 
as set forth in Appendix 1 attached hereto as supplemented by Fo ow- 
Statement 1913308. 

PART III - ESTIMATED COST AND FIXED FEE 

a. The total estimated cost for the pe rformance of this contract for the 
period 1 July 1964 thru 31 December 1964 is | 


b. The fixed fee for the perfor mance of th is contract for the period 
1 July 1964 thru 31 December 1964 is[ 1 
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Notwithstanding subparagraphs a. and b. above the total sum avaUabk 

1 — 1 which will cover Contractor's performance 

J . i* i. * T-. i-T. o. 


and allotted to this contract is 


from 1 J uly 1964 thru 31 August 1964. This is the maximum amount for which the 
Government shall be liable if this contract is terminated and any expenditures or 
obligations by the Contractor in excess of this amount in furtherance of performance 
hereunder, shall be at the Contractor's own risk. 

PART IX - PERIOD OF PERFORMANCE AND L EVEL OF EFFORT 

a In the performance of the work specified in Appendix 1 hereto as 
•uppUmented by Follow-On Work Statement. 1913308 the 

an estimated 2, 660 direct manhours of effort between 1 July 1964 and 31 Decembe 
“64 “ any event, the Contractor shall furnish not less than 2, 527 man-hours 

nor more than 2, 793 man-hours of direct labor for this contract during e pe 
of performance. 
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